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SUBJECT: Status PF-1 Fuel Storage Facilities 


1* Si* Ison AFB , Alaska 
a* Facilities Include: 


<1) Two, 200,000 gallon tanks, complete with 
necessary filters, pumps and piping. 

(8) Onload ing facilities for tanks, cars and 
trucks. 

<8) 120 ft X 150 ft steel building, insulated 

and heated. Sliding door, large enough to admit A- 12. 


<4) Security fencing and lighting for the above. 


b. Construction of the above to be completed by close 
of t construct iop period, 15 October, at as approximate comt 
of 

3. 


Facilities include: 


(1) On*, 2,000,000 gallon tank in place to be 
cleared and coated; one, 200,000 gallon tank to be 
erected; both complete with necessary filters, pumps 
and piping. 


(2) A marine line from off-shore unloading area 
to the tanks. , 
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(3) A 30 ft X 80 ft building insulated, bested 
Sid built to withstand anticipated olisat ic condition. 
This building to be utilised for truck storage and 
include provision* for office space and a room to 
bouse filter/separator and pusps, 

(4) Security fencing and lighting for the above. 

CS) All construction to be cospleted by 1 October, 
cost not determined to date. 

3, Castle AFB. California 
a. Facilities include: 

(1) Two, 50,000 gallon tasks with pusps and 
filters. 

(2) Security fencing and lighting for the above. 

(3) Facilities to b© cospleted 00 days after the 
go-ahead frtss AFCIG-5. AFCXG-5 presently waiting our 
decision on PF-l required at Castle. 
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